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CONFIDENTIAL 


TO: 



Inspection Branch/PD/OL 


FROM: Chief, Engineering Staff, OC 


n/m?. ; 1 6 September I960 


CONTRACT NO. ; 602, T.Q. 1 

REPORT NO. : 11 - THAI 

(If final, so state) 


Contractor 
Address 


25X1 


VUUl> fmct-aCRWf Agcncy-B TBRIL 


DssIkq ^ F storl cs^ioii ^ i *"" w " w w tt, . AaawYwi 

Comnipdlty/Service Rgcwjgrs C 8 - 12 . g^^ Classiflcation * - 0 »C LMB 1 W 1 B 

No. of Prototypes 1 c»ch type Contract Completion Date j 5 •*,tem bgr^l959 


No 


Ye: 


No 


No 


Yes 


No 


The Contractor is on schedule HA_Yes 

The Contractor will remain within his allocated funds 

An extension of time will he necessary 35 — J es 

All phases of the technical progress are satisfactory 

nvnrnii -ngrfnrmance of this contr actor is: ZZ7 Satisfactory 

& Subject to Improvement 

LJ Unsatisfactory 

NOPE: If unsatisfactory or subject to improvement, indicate reasons under 

comments 

are, r 

field use. operation w CR-ik could not be completed because 


25X1 


Date of Visit to Contractor's Plant 2$ August 19^0. 


APPROVED I 


Inspected hy : 

Division: 0C-E /K+P"EP 


Chief, Engineering Staff, OC 


Extension: 


yrrnn — 

wCuntl 

PflMCinCMTIAl 
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25X1 


25X1 
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CONFIDENTIAL 

‘ifpnrT— 


TO: Inspection Branch/PD/OL 


FROM Chief, Engineering Staff, 00 


DATE: lfl July I 960 

CONTRACT NO. : 608 , T« 0 . i 

REPORT NO. : 10 

(if final, so state) 


Contractor 
Address 


25X1 


_ _ _ ^ Wawt.iMnt»gia!!gBfi AiMcir»8 MB8 

Co , 0dlty / 5 I teccrto. CB-12, CB-13, CT dlb sl ficatlon _ ifrM4^! «3*88g M 

1 each type _Contract Completion Date 15 8«pt«*>cr_1 9g9 

BA y es ^ N o 

■A No 


No. of Prototypes^ 


The Contractor is on schedule. 


The Contractor will remain within his allocated funds 


BA 


Yes 


An extension of time will be necessary 


MA 


Yes *A 


No 


All phases of the technical progress are satisfactory _»_Yes iA_Wo 

The overall performance of this contractor is : *Ll7 Satisfactory 

o Subject to Improvement 

/" 7 Unsatisfactory 


NOTE: If unsatisfactory or subject to improvement, indicate reasons under 

comments 

^ She codsMBt is under atufty to deten&ae * he ther to return it to this 
comments cwtUwUft . g Mtlfh the task of watt to —other aagwy . 

Recommended * - - ** U* fOieiMo ggg***, 


Date of Visit to Contractor's Plant 30 Jtme I 960 


APPROVED} 

Chief, ^sglneeriag "553f7 "® 


Inspected by: 

Division: 

Extension: 


25X1 
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TO: Inspection Branch/FD/OL 

FROM: Chief, Engineering Staff, OC 


DATE: 9 March I960 

CONTRACT NO: 602, T.O. 1 

REPORT NO: 9 

(if final, so state) 


Contractor 

Addressee 


25X1 


Design + Fabrication Contract -SECRET: Agency -STERILE 

Commodity /Servlce RecOTders CB-12. CB-13, CB-l ^lassification Equipment -UNC LAS8IFIE 

No. of Prototypes 1 of each type C ontract Completion Date 15 Sept. 1 999 

The Contractor is on schedule __ Yes x No 

The Contractor will remain within his allocated funds Yes * N o 


An extension of time will be necessary x Yes No 

All phases of the technical progress are satisfactory Yes x No 

The overall performance of this contractor is : a Satisfactory 

S Subject to Improvement 
L 7 Unsatisfactory 

NOTE: If unsatisfactory or subject to improvement, indicate reasons under 
comments. 

A tins extension and cost overrun has been received and will be 
Comments processed. All equipments have been received and are under tes t 
and evaluation at the R+D Laboratory. The CB-12 has been tested 
and several deficiencies remain. 

Recommended Action Process coat overrun per contract obligation - Keep 

task open for possible amendment when laboratory eval- 
uation has been completed. 

Date of Visit to Contractor's Plant 17 February i 960 


APPROVED: 


Chief, Engineeria* staff, Uu 


Inspected by: 

Division : 

Extension: 



POMtlhtMTI Al 
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w -w ■ ■ a a nv gmm ■*■■■• Wmm 

TO: Inspection Branch/FD/OL DATE: 23 D*ctxabav 19^9 

CONTRACT NO.: Are, T.O. 1 

PBCKl Chief, Engineering 8taff, OC REPORT NO. s 8 

(If final, so state ) 


Contractor 

Addressee 


Commodity/ Service Dwtgn and Pat -r' cation 

Recorder* OB-12, OB-13, OB-14 

No. of Prototypes 1 of 

The Contractor is on schedule 


Contract: SECRET -Agency: STERILE 

.Classification BffllHiwnt8TOSLASS> 

_Contract Completion Date 15 flapLfc 13 59 

Yes * No 

The Contractor will remain within his allocated funds Yes __x.No 

An extension of time will be necessary y Yes ________ No 

All phases of the technical progress are satisfactory _____ Yes x No 

The overall performance of this Contractor is : j_J Satisfactory 

kJ Subject to Improvement 

FI Unsatisfactory 

NOTE: If unsatisfactory or subject to improvement, indicate reasons under 
comments. 

Comments Th— wan nn pt*ngi— a riaA* an th» repair nf thn flTWia , 

(contractor** nutribert MR-1 and MR-2) diving tha period, Contractor 

ha* boon aaked to raqpeet tint intension* 


Recommended Action 


Cfmt.laad tnnhnl cal mil tari ng. 


Date of Visit to Contractor's Plant 11 Deoaribar 1<?S<? 

APPROVED: Inspected by: , 

Division: 

Extension: 

Chief, Engineering Staff, OC 
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UUIMNUtmiAL 


TO: Inspection Branch/FD/OL 

FROM: Chief, Engineering Staff, OC 


DATE: 10 Nownber 1959 

CONTRACT NO: 602, T«0, 1 

REPORT NO: 7 

(if final, so state) 


Contractor 

Addressee 


Contraet-SECRXr,Ageno7^8TSIIZ 
Commodity/Service D— igl and fabrication of ClassificationJb|^ipMH3tdUKSJk8SZFIKD 

CB-12, CB-13, CB-I4 

No. of Prototypes 1 of each type Contract Completion Date 31 October 195 Q 


The Contractor is on schedule 


Yes 


The Contractor will remain within his allocated funds 

An .tension of time will be necessary X Y es 

All phases of the technical progress are satisfactory 


_No 

Yes 




No 


No 


Yes 


No 


The overall performance of this contractor is: £7 Satisfactory 

& Subject to Improvement 
a Unsatisfactory 

NOTE: If unsatisfactory or subject to improvement, indicate reasons under 
comments. 

nnrmr^n+.c Efjulpmant receirad to data uadar this contract hat failad and haa baan 
ratumad to the contractor for repair* T5a CB-12 has bean reautoeltted 
for acoaptanoa and haa Motor trouble for the second tine* 

Recommended Action Pasaant reco«ondod - oantlnttad taohnioal Monitoring, 


Date of Visit to Contractor's Plant 23 Ootobar 1959 


APPROVED: 


Inspected by: 

Division: 

Extension: 


Chief, Bagineering Staff, 05 

SEffit 

miMFinFIMTIAl 
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CONFIDENTIAL 


TO; Inspection Branch/ FD/OL 

FROM* Chief, Engineering Staff, OC 


DATE ; 
CONTRACT NO 
RETORT NO.; 




A 


(If final, so state) 


Contractor 

Address 

Commodity/ Se 



25X1 


Design and Fabricate 

rvlce CB-12, CB-13, C B-lk 




Contract - SECRET , Agency- STERILE 
tlon S^iipm^nt-UNCLASSIFIED 


No,, of Prototypes 1. each O f 3 ty pes Contract Completion Date ?Q June 1959 
The Contractor is oh schedule ... ..Yes _x. No 

The Contractor will remain vithin his allocated fund' lies x No 

An extension of time will 'fcs necessary jg JYr? 

All phases cf the technical progress are sail, start cry x Yes ..No 

The overall performance of this contractor is « Satisfactory 

i..^/ Subject to Improvement 
Z, / Uncat. 1, ^factory 


NOTE: If unsati 
comment Sc 


act cry or subject to improvement: Indicate reasons under 


Comments 


rating. 


during period to justify satisfactory 


Recommended Action 


Date of Visit to Contractor^- 


f 1 c.n t 8 Jul y I 9 59 


APPROVED: 


dhiefY Engineering^ ^ta£f^6c 


Inspected 'by : 


LVj -5: on: 


Extent i on 


CONFIDENTIAL 


25X1 
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Will IUUII ■ II » ■— 

mmcigi 

flCuiiri 

TO: Inspection Branch/PD/OL DATE: 2 ft H a y 1959 

mm i chit, bgiMwix staff, oc C0WI,ACT B0 - ! ^ - 

REPORT E0. : S 

(if final, so state) 


Contractor _ 

Address ________ 

jwgi _ FabdAftioi wnwwt^BOHET, AjUOy 

Commodity/ Service CB 13; flfl-lft Classification fl tSTj. l l > 

No. of Prototypes 1 aa of 3 rsgordgrs Contract Completion Date *10 Junt 1959 

The Contractor is on schedule. Yes X — No 

The Contractor will remain within his allocated funds. Yes S_No 


25X1 


An extension of time will be necessary. 


Yes 


Ho 


All phases of the technical progress are satisfactory. 


Yes 


X N o 


The overall performance of this contractor is: /~*7 Satisfactory 

£7 Subject to Improvement 
f~7 Unsatisfactory 

NOTE: If unsatisfactory or subject to improvement, indicate reasons under 
comments. 

Comments It appsars that thl» eontraoto r co nti n u a l l y underes tim a tes tine a nd 
costs for dorslopmmt woik* It also eecned that thoro was a laok of 
coordination of project plans within tho engineering group* 


Recommended Action Continusd t c c h nloal Monitoring 


Date of Visit to Contractor's Plant U Mar 1959 


APPROVED* 


Chief, Engineering Staff , OC 


Inspected by: 

Division: 

Extension: 


25X1 


confidential 

rrnirT- 

0LU1VLI 
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